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BILL NO. A e 
SPECIAL ORDINANCE NO. S- 12% il 

AN ORDINANCE approving Change Order No. 
1, RES. #6216-91, BEAVER-WILDWOOD CURBS 
AND SIDEWALKS with MERGY CONSTRUCTION 
COMPANY in connection with the Board of 
Public Works of the City of Fort Wayne, 
Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 

SECTION 1. That Change Order No. 1, RES. #6216-91, 
BEAVER-WILDWOOD CURBS AND SIDEWALKS with MERGY CONSTRUCTION 
COMPANY in connection with the Board of Public Works and 
Safety, for: 

is a reflection of quantities used to 

complete the project. This was a Barrett 

Law Project and some people wanted more 

work done than was originally estimated. 

This causes an increase in several new 

concrete items. Also due to the 

deteriorated condition of the existing 

alley location on the project when we 

installed the new alley approach we were 

required to replace an additional 10 L.F. 

of the alley; 
involving a net increase of Three Thousand Fifty-Six and 
56/100 Dollars ($3,056.56), all as more particularly set forth 
in the specifications, and which is on file with the Office of 
the Board of Public Works and is by reference incorporated 
herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all 





necessary approval by the Mayor.) 
Fes / 


e 2 


Council Membe 






APPROVED AS TO FORM 
AND LEGALITY 


A: coh 


J. Timoth Caulay 


ona 


, , CHANSE ORDER 
o ——— 

“Change Order No. 1 Resolution No, 6216-91 
Froject No. — Board Order No. 20 -90 
Name of Project _BEAVER-WILDWOOD CURBS & SIDEWALKS Date 12/12/91 

OA 24 Aq4—_< A  —— _Q_ ____—_ ____—— 12/12/91 _ 
To: MERGY CONSTRUCTION COMPANY 
(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


[Ptem, Description of Change Pri: 






Material 








: 
Total Decrease $860.00 
—-—. 
Total Increase | 93,916.56 
III O 
Net (RRgEx8838) (Increase) Contract Price | 93,056.56 
III OAL 
The sum of $ 3,056.56 is hereby (added to) (dexaetercéínon) the total contract 
price, and the final contract price shall be adjusted as follows: 
Original Contract Price $__ 59,592.00 
Current Contract Price Adjusted by Previous Change Order $ 
New Contract Price Including this Change Order 3__62,648.56 


ine time provided for completion in the contract for this project is (unchanged) (bnensecedk 
(CKXRRIARRI ) by — calendar days due to this Change Order. The date for completion 
ot all work shall be same A Furthermore, this document shall become an 

r 


amenament to. : T and A of the contract shall apply hereto. 


A i fp ine Date Lit 7 


, I 
“ i ayi D ALLA Contractor) Dats 
aprroved E CERA UT. (City Enaineer) Date [2-4] -9 / 


—__\ SS ÁS SU, MTS (Owner) Date 12-31 - Sv 
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eds 


. , Change Order No. 
Resolution No. 
Board Order No. 





207-90 : 
REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: To show a reflection of quantities used to complete project. 


This was a Barrett Law Project and some people wanted more work done than was originally 





estimated. This causes an increase in several new concrete items. Also due to the 





deteriorated conditon of the existing alley located on the project when we installed 





the new alley approach we were required to replace an additional 10 L.F. of the alley. 








Will proposed change alter size of the project? Yes No XX 
If yes, explain: 


a 
q e 


A . : : < ; arnes. NONE 
Affect on operation and maintenance cost of this project: 





A KK 


a aaa aaaaaaaaaaaaaaasaasaaasaasasssusssstl— 


a —_ _  — 





PROJECT: BERVER-WILDWODD CURE AND SIDEWALK RES. NO: 6716-91 CONTRACTOR: MERGY CONST. 
CONTRACT COST ANALYSIS B.0: 207-90 DATE: 12-9-91 
TER ARTERIOLE PONTO GRANGE ONE Tar Tata 
NG. i i QUANT, i QUANT. | PRICE too A PO EOST i COST 
i i 1 i ($) f DECREASE + INCREASE | ACTUAL à PLAN 
TT iar Reaoval ar ee ee a A AAA 
| | | 
a onerata Renal 00 ua ua aa a AMAIA 
“3 iNew Concrete Curb A a NARA) 
“ED iNew Eonerete Curb Type IB A ABRO PIs ake bd 11907000 i 11,058.00 
ST thew Concrete Curb Type ILA CA A o 
E iien Concrete’ Sidal TRB ETB TRG BERG TaN i 515,300.00 
EI TN E HE 8280.00 
EI E E E) 
a nen Gorner Waali Uaa IA A AAA 
“TiC a 9" Concrete Recessed ri CE Pee eat A F000 OY 
“TD opel TT OCU LTTE aa oe ae AS i 20000 
“TR leeds Fertilizer k Mla a; ets er wT A 3 
“TET ew Gatch Basin Type LE CA AAA 
“TA abandon Gatch Basin 0 er a a E O A E E 
“TET WGN atch basin Gasliag AI CA FS 
a ‘Adjusted to Grade eee eee 
16. ¡Adjust Water Valves to Grade : 14 1 10; 10.00 i 240.00 | 0,00: 100,00 : $150.00 
aat Eten Basto do rade UT sea sob OO OOO A AlaOndO, 
“ik iwr E NE eT TT 
"ia, tree keal GO rar A Y ee 
Sgr Reine eiia Teese Yaa ea Ed 0 E 
eee SC: Ordered) ee 
21. iNew Trees (2 1/2" min.) (Floweri! 24 at 70,00 | 130,00 i 9.00 4 6,00 ¢ $140.00 
A Pear) ilf A A A S eee 
i ' ! i i i i i 
TOTALS: $840.90 ; $3,916.56 $42,648.56 | $59,502.00 
DIFFERENCES i RODÓ 1 10563 € josh i 000 














Read the-first time in full and on motion by 
seconded by , and dul 
title and referred to the Committee on 


due legal notice, at the Common Counci 
Building, Fort Wayne, Indiana, on 
of , 19 , at 


DATED: /—/ Y-F V 


Read the third time in full and on motion by , 
seconded by renta , and duly adopted, plated on/7its passage. 
PASSED L by the fol ing vote: 






, the 
o'clock E.S.T. 





AYES NAYS ABSTAINED ABSENT 
TOTAL VOTES 7 | 027 
BRADBURY 0 e a 
EDMONDS e 
GiaQUINTA o A 
HENRY a — 
LONG i— > 
LUNSEY A 
RAVINE e _ 
SCHMIDT oT 
TALARICO e 





DATED: LA 79) 





SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, 





Indiana, as ( 7 L) 
(SPECIAL) (ZONING}— ORDINANCE “RESOLUTION so LL 32, 
on the abel day of , 19 £2) 


ATTEST: 


Lano E Beets 


SANDRA E. KENNEDY, CITY CLEKK 


Presented by me to the Mayor of the Ci 


the QIAO day of 


at the hour of WA FO o'clock G M., E.S.T. 





of Fort Wayne, Indiana, on 










SANDRA E. KENNEDY, CITY CLE 
Approved and signed by me this 2 a day of ¡NM , 
19 AL, at the hour of 3:00 o'clock R ., E.S.T. 


PAUL HELMKE, MAYOR 





BILL NO. S-92-01-12 
REPORT OF THE COMMITTEE ON PUBLIC WORKS 
DAVID C. LONG, CHAIRMAN 


MARK E. GiaQUINTA, VICE CHAIRMAN 
SCHMIDT, BRADBURY, TALARICO 





WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 


REFERRED AN (ORDINANCE) (RHSSKIRKSN) approving Change Order 

__No. l, RES. #6216-91, BEAVER-WILDWOOD CURBS AND SIDEWALKS with 
MERGY CONSTRUCTION COMPANY in connection with the Board of 
Public Works of the City of Fort Wayne, Indiana 























HAVE HAD SAID (QRDINANCE) (RESOTUTTONE UNDER CONSIDERATION 
AND BEG LEAVE ZO REPORT BACK TO THE COMMON COUNCIL THAT SAID 





ABSTAIN NO_REC 





Sandra E. Kennedy 
City Clerk 


Admi. Appr, 

TITLE OF ORDINANCE: Change Order #1, Resolution 6216-91, Beaver- 

Wildwood Curbs and Sidewalks 
DEPARTMENT REQUESTING ORDINANCE: Board of Public Works & Safety 
SYNOPIS OF ORDINANCE: Change Order #1, Resolution 6216-91, Beaver- 
Wildwood Curbs and Sidewalks is a reflection of quantities used to complete 
the project. This was a Barrett Law Project and some people wanted more 
work done than was originally estimated. This causes an increase in several 
new concrete items. Also due to the deteriorated condition of the existing 


alley located on the project when we installed the new alley approach we 
were required to replace an additional 10 L.F. of the alley, 


EFFECT OF PASSAGE: To facilitate completion of project. 


EFFECT OF NON PASSAGE: DA Z -VY- /od) 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $3,056.56 


ASSIGNED TO COMMITTEE; 


